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Message Text 

UNCLASSIFIED 

PAGE 01 STATE 110107 
ORIGIN OC-06 

INFO OCT-01 AF-10 ISO-00 CCO-00 SY-05 FBOE-00 A-01 
OCL-00 /023 R 

DRAFTED BY OC/PE-E:BSKOFFMAN/PWS 
APPROVED BY A/OC:AGIOVETTI,ACTG 
OC/PE:GRYOUNTS 
OC/AE:RLLOCHMILLER 
AF/EX:JBECKER(SUBS) 

DESIRED DISTRIBUTION 
OC/S, OC/L, A/EBO, A/SY/FO 

123573 011343Z/75 

R011336ZMAY78 
FM SECSTATE WASHDC 
TO AMEMBASSY NAIROBI 
AMEMBASSY ACCRA 
AMCONSUL JOHANNESBURG 
INFO AMEMBASSY PRETORIA 

UNCLAS STATE 110107 

NAIROBI/ACCRA FOR RCO; PRETORIA FOR RSO 

E.O. 11652: N/A 

TAGS: AFAC, ABLD, ASEC 

SUBJECT: JOHANNESBURG CCC - GENERATOR INSTALLATION 
REES: (A) NAIROBI 5977 (B) JOBURG 1012 (C) NAIROBI 6298 

1 . GENERATOR SET AND ASSOCIATED EQUIPMENT HAVE NOT BREN 
ORDERED. AS RECENTLY AS TEN DAYS AGO THE GENERATOR INSTAL- 
LATION WAS STILL BEING DISCUSSED AND MODIFICATIONS BEING 
PROPOSED BY THE CONTRACTOR. THE DEPT PREFERES TO RESOLVE 
ALL QUESTIONS AND CERTAINLY WANTS TO RECEIVE THE COST 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 110107 

ESTIMATE FROM THE CONTRACTOR BEFORE PROCEEDING ANY FURTHER. 
ACCORDINGLY, DEPT ASSUMES THAT A COST ESTIMATE WILL BE IN- 
CLUDED WITH THE BUILDING ENGINEER'S DRAWINGS THAT HAVE BREN 
PROMISED IN APPROXIMATELY FOUR WEEKS (SEE PARA 3 REFTEL A). 

2. IF AF/EX APPROVES THE COST ESTIMATE, AN ORDER WILL BE 
PLACED FOR THE GENERATOR AND ASSOCIATED EQUIPMENT AS RECOM- 
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MENDED IN PARA 2 REFTEL C. ALL EQUIPMENT WILL BE SURFACE 
SHIPPED. FYI, IT NORMALLY REQUIRES AT LEAST THREE MONTHS 
JUST TO GET THE GENE ATOR TO THE DESPATCH AGENT AND THEN 
ITS ARRIVAL AT POST IS DETERMINED BY THE FREQUENCY AND 
AVAILABILITY OF SHIP. 

3. DEPARTMENT AGREES WITH PARA 4 REFTEL C. THIS SUGGESTION 

FOLLOWS CURRENT CRITERIA EOR INSTALLING GENERATORS. ACCRA 
IS REQUESTED TO ENSURE THAT INSTALLATION EOLLOWS THESE 
GUIDELINES WHEN IT PREPARES DRAWINGS AND SPECS EOLLOWING 
DEPT APPROVAL OF THE FORTHCOMING DRAWINGS FROM THE BUILD- 
ING ENGINEER (SEE PARA 2C REFTEL A). VANCE 
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